88                          GENEBAL  SPECIFICATIONS.
plans, or of the materials to be used,  or of the   methods to be employed, may be called the specific clauses.
Since  the  general   clauses   are   common   to   all  kinds of specifications, they will be discussed first.
THE GENERAL CLAUSES IN SPECIFICATIONS.
76.   The General Clauses in Specifications may relate to any or all of the following subjects:
(1)    Time of commencement, rate of progress, and time of completion of the work.
(2)    As to the character of the workmen to be employed.
(3)    Suitable appliances to be used.
(4)    Monthly estimates of work done and payments to be made.
(5)    Provision for inquiring into  the  correctness of the monthly estimates.
(6)    Reserving a certain percentage as a repair fund, for a stated period after completion.
(7)    Conditions of the final estimate.
(8)    Engineer's   measurements   and   classifications   final and conclusive.
(9)    Determination   of damages sustained by   failure to complete the work within the time agreed upon, or as extended.
(10)    The discharge of unpaid claims of work  men and material men.
(n)    No claims for damages on account of suspension of work.
(12)    No claims for damages on account of delay.
(13)    No claims on account of unforeseen difficulties.
(14)    Protection of finished work.
(15)    Protection of property and lives.
(16)     Protection against claims for the use of patents.
(17)    Assignment of contract.